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BILL NO. S-74-01 '~ f-5 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving a certain bid document 
with PEARSON, INC. for furnishing and installing 
heating and humidity control system at 
McMillen Ice Rink. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. A certain bid document Ref. No. 561 dated January 8, 

1974, between the City of Fort Wayne, by and through its Mayor and the Board 
of Park Commissioners and PEARSON, INC. , for: 

Heating and Humidity Control System $83,180.00 

as more specifically set forth in said bid document Ref. No. 561 and Purchase Order 
No. 3-22054, which are on file in the office of the Department of Purchasing and 
are by reference incorporated herein and made a part hereof, is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALITY, 















































































































S-74-01-05 



Bill No. 


We 3 your Committee on 


REPORT OF THE COMMITTEE ON FINANCE _ 

Finance to whom was referred an Ordinance 


approving a certain bid document with PEARSON, INC, for 


furnishing and installing heating and humidity control 


system at McMillen Ice Rink 



2 -//■ 


70/ CONCURRED IN 

-CHARl.sn \f.f 


i city atm 
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l n r, c s-o-a m.o^c a. ?. ' c ©> i?r 7 r ac v ’■ 

15J5 ROY STREET • FORT WAYNE, INDIANA 46803 • • • PHONE 4 2 3 - 1 5 8 2 • AREA 219 


January 14, 19 74 



City of Fort Wayne 
Park Department 
City-County Building 
# 1 Main Street 
Fort Wayne, Indiana 4-6802 

Attn: Mr. Arnold, Supervisor Park Board 


He: McMillen Park leer Rink 

Heating & Humidity Control 



Gentlemen: 



In reference^ to the above subject project we would like to take this 
means to advise of a pending price increase on equipment and material, 
since we were the low bidders on this project we have secured firm 
commitments from our suppliers for thirty days 7 “ ---■-- 

Ii the project is going to be awarded we would anoreclate being 
notified before the thirty days expires from bid"date January 8 , 19 



Yours truly, 
Pearson, Inc. 


Harold G. Braun 



HGB:r j b 

cc: Mr. D. Noak 
Mr. Enlo Gaff 

















Purchasing Department 






January 18 } 19 7U 


Board of Park Commissloners 
8th ^Ir., Oity-County Bldg. 

One Plain St„, Ft. Wayne, Ind. h6802 

Attn: James Haley Subject: Bid No. £61 

McMillen Ice Rink 

Attached is a copy of the successful bidder. 

Pearson, Inc. (P.O. #3-2203U) 

Heating & Humidity Control System, McMillen Ice Rink $79*813.00 
Project #9998$ 

7 
/ 




Tabulation sheet is attached, 
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£id ref. 561 

Closing date 1 / 8/74 
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. . M. a 3-sa -oAa jl W a a %j i.4» a .¥ i x \1 X 4 Hi 

‘ ‘ DEPARTMENT OF PURCHASES 

Number One Main St,* Ft, Wayne, ind, 46802 

INVITATION 

QtretoUona, aubjset to tha conditions on tha w««» hereof, are requested on ths folkming Urt of 
cinfsrriik, supjdias, aquljsnaat or eerviosa, for the department a* mentioned, Trith dsliviir to destination 
as sacra Wct . Quotations shall Include all charges tor delivery, packing, etc . Addreae your reply' as 
indicated b*low>.. UJ - 

‘Hail ail raplta* and A T Demetroff (^ e ^ e P n ° ne f 23~7037) 

rorrrsoondenee. etc, to Att. of — Itll 1 ■ A-. l AAl-A DEPARTMENT OF PURCHASES 

470 “ 


•Aj2d~i>5a 


Room 35ft; Nu mb er One Main St,, Ft. Wayne, Ind. 46802 


REQUIRED FOR DELIVERY TO: 

Board of Park Commissioners 


Department 
or Division_ 


Address 


8th Fir., City-County Bldg, 

One Main St,, Ft, Wayne, Indiana 46802 


Page_ __ of_L£__ 

Ref. No. ... 561 _ 

Date December lZ| > 1973 

Date wanted 


As Soon As Possible 


Fund 85-2-26 Enc 

Appropriation No. __ 
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ftw e? i?*rt Wsew,' 19*5 


GENERAL CONDITIONS, INSTRUCTIONS TO BIDDERS AND INFORMATION FOR BIDDERS 



1. Special! Onditioiu: Special conditions included in the Bid Document shall take precedence over any provision* stipulated hereunder, 

Applieahl* Lawa: The Bevised Btatutea of the State of Indiana, and all City ordinance* Insofar aa they apply to the laws of competitive bidding, 
contracts, and purchases, are made a part hereof. 

8* Wariraen 0 © Corap^n*atien: Insofar aa Workmen's Compensation Act is concerned, the bidder or contractor agrees to furnish an official, cert if.- 
cat® from the Industrial Board of Indiana, showing that he is in compliance with such law, whenever such certificates are required in the £*d 
Document. 

4. Infringement* and Indemnification*: The bidder, if awarded an order or contract, agrees to protect, defend, and aave the City harmless against 
any demand for payment for the use of any patented material, process, article, or device that may enter into the manufacture, construction, or 
form a part of the work covered by either order or contract and he further agrees to indemnify and save the City harmless from suits or actions 
of ©very nature and description brought against It, for or on account of any injuries or damages received or sustained by a party or parties, by or 
from any of the acta of the contractor, his servants, or agents. 

To this extent the bidder or contractor agrees to furnish adequate Public Liability and Property Damage Insurance, the amount of which will m 
determined by the City whenever such insurance is deemed necessary. When so required the types and amount* of insurance to be provided U 
©H forth in the Bid Document. 

6. Pricing: Price. should ba stated in unit, of quantity specified in the Bid Document. In case of discrepancy in computing the amount of the bid 
the unit prices quoted will govern. ' • 

«, Mlesey: Quotations should include all charges for delivery, packing, crating, containers, etc. Unless otherwise stated by the bidder prices 
quoted will bo considered as being based on delivery to the destination designated in the Bid Document and to include all delivery and packing 
charges. - 

7. Specifications; Unless otherwise stated by the bidder the proposal will be considered as being in strict accordance with the specifications cot- 
lined in the Bid Document. 

Reference® to a particular trad® name, manufacturer’s catalog or model number are made for descriptive purposes to guide the bidder in inter¬ 
preting the requirements of the City. They should not be construed as excluding proposals on other types of materials, equipment and supplies. 
However the bidder, if awarded a contract, will be required to furnish the particular item referred to in the specifications or description rates 
a departure or substitution is clearly noted and described in the proposal. 

8. Sana plea: Samples, when requested, must be furnished free of expense to the City and If not destroyed, will upon request be returned at the 
bidder’s expehse. 

*• Ca,Ss D |3 «®a»ts: Time in connection with cash discount offered, will be computed from date of delivery and acceptance at final destination or 
from date properly executed claim voucher is received, if the latter date !b later than the date of delivery and acceptance. 

10. Taxes: The City is generally exempt from Federal Excise and Indiana State Sales Tax. Quotations must be separated to show the amount to 
be added for toes of any kind if applicable. Prices should not include tax. The City will pay such taxes ns are applicable to this purchase 
Exemption forma will be furnished wherever necessary. Taxes wherever indicated and which are applicable to this purchase, will not be subject 
to any trade or eaah discounts. 

11. Bid Safena&lltie* and Rejection; The City reserves the right to waive informalities not inconsistent with law or to rejeet any or all bids. 

12. Award! Unless otherwise specified in the Bid Document the City reserves the right to accept any item in the bid. Unless otherwise stated in 
the Bid Document bidders may submit proposals on any item or group of items, provided however that the unit prices are shown as requested. 

IS. Fayraente: Partial payments may ba made upon presentation of properly executed claim voucher unless otherwise stated in the Bid Document. 
Th© final payment will be made by the City when the materials, supplies or equipment has been fully delivered and accepted or the work com- 
pletod to the full satisfaction of the City. 

14. Bidder's Signature: Each proposal form must be signed by the bidder with his usual eignature. All signatures should be in full. 

Bids by partnership should include the names of the partners composing the partnership and must be signed by one or more of the partner® In 
tb® following manner; “John Jones and James Smith, d.b.a., Smlth-Jones Company, by John Jones, a partner”. 

Bid* by corporations must b® signed with the names of the corporation, followed by the signature and designation of the president, vice-president, 
or person »uthorir®d to bind it in the matter. “ 

SS. The ouccsssful bidder, or contractor, agrees that he will comply with Indiana Acts 1961, chapter 208, eeetion 10. being Burns Indiana Statute 
40-2316-1964 supplement requiring such bidder, contractor, or hia subcontractor not to discriminate with respect to hiring, tenure, terms, eondl- 
toons, or privileges of employment because of race, color religion, national origin or ancestry. 

SS. Unless otherwise specifically indicated under the individual listing in the legal advertisement or invitation to bid, all bids shall be subject to 
tbe following. 

») A Bid bond, deposit of cash, certified check or Bank Cashiers Check, in th» amount specified, drawn on a solvent bank payable to tbs 
City of Fort Wayne or to the contracting division thereof. 

t>) Tbs aueceasful bidder will ba required to furnish a bond or Cartifled Check on a solvent bank, payable to the City of Fort W» 7 ne or 
to toe contracting division thereof, in the amount specified In the notice of bids wanted or the Invitation to bid. as a guarantee for the 
faithful performance thereof, 

17. Submission sad Receipt of Bids: 

a) Proposals, to receive consideration, must be received prior to the specified time of closing as d-signated in the invitation. 
h) Bidders must use the Bid Document proposal form furnished by the City as none other will be accepted. Propcwsd forma must be returned 
intact- Removal of any part thereof may invalidate the bid. 

e) Bidder* ore requested to use the Bid Envelope If furnished by the City, or othsr similarly identified envelope to assure proper handling. 

Envelopes should be sealed when submitted with Information on the face of the Bid Envelope to Identify the bid, <j.g„ Bid Reference number 
»nd date of closing and City Agency Involved, 
d) Separate proposals murt be submitted on each reference number. 

•) FrepwaiJa bavin® any erasure* or correction* thereon may be rejected unl»»» explained or noted over the signature of the bidder. 
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Form, DP 8 ' 


Page 


of 5 


Reference Mo. 56l 


NON-COLLUSION AFFIDAVIT 


STATE OF INDIANA, 


SS: 


COUNTY 


The undersigned bidder or agent, being duly sworn on oath, says that he has not, nor has any other 
member, representative, or agent of the firm, company, corporation or partnership represented by him, 
entered into any combination, collusion or agreement with any person relative to the price to be bid by 
anyone at such letting, nor to prevent any person from bidding nor to induce anyone to refrain from bid¬ 
ding, and that this bid is made without reference to any other bid and without any agreement, under¬ 
standing or combination with any other person in reference to such bidding. 

He further says that no person or persons, firms, or corporation has, have or will receive directly or 
indirectly, any rebate, fee, gift, commission or thing of v 



Robert S. Pearson, President 


Bidder or Agent 


For Pearson, Inc.' 


Firm or Corporation 


Subscribed and sworn to before me this_Atfe_day of_jI&Dli&OL 



My Commission Expires 

10-1-75 

















Form DP-6 Page it_of __5 

Short Form 

REQUEST FOR PUBLICATION 


News 



DATE 

December 14, 1973 

Sentinel 

X 




Journal 

Gazette 

X 

Kindly publish the following 
advertisement on the dates as 



Other 

shown and issue invoice to * 




* Department _ Board of Park Comm issioners 

8 th Fir., City-County Bldg. 
Address _ One Main St..Ft. W avne. Ind. 


46802 


Department of Purchases 
City of- Fort Wayne x - 


/' / / 7 / 

By ,A (V: X- 




yyy 


BIDS WANTED - REFERENCE NO. 561 


Sealed Proposals will be received by the City of Fort Wayne at the 

Office, of Department of Purchases, Number One Main Street, Room 

470, Fort Wayne, Indiana, until 4;00 P.M.. Tuesday. January R, tojL 

_for the following items: 


Heating and Humidity Control System, 
McMillen Ice Rink 


Bid Forms, specifications, etc., may be obtained upon application at 
the office and address given above. $10.00 deposit required. 

A Bid Bond or Certified Check in the amount of $ 5^ of _ 

__;_must be submitted with the bid. 

Department of Purchases 
City of Fort Wayne 
By A.T. Demetroff 
Director of Purchases 


INSERT 1st RUN 

REPEAT 2nd RUN 

Type of Advertising Required 

December 17, 1973 

December 24, 1973 

LEGAL NOTICE x 




























swBtxmWiu-- 


si&S'T-'fe Bis i mm i®,, X# 


Supplemental Form to Contractor ® s Bid to !»& 
to and to be -mad© a part of Form No e 96, 


{attached 


GENE RAL. IMF ORMATION^ 

Bidder hereby acknowledges receipt of the following 
addenda* 

# 1 & # 2 



l a -iass. 


CQMPiLETXOWo 

The bidder has checked.on delivery of equipment end 
expects to complete the project in l j+Cj ^._._j3ays after final 
awarding of the contract has been tignedT*~ 


The base bid does not include 6 . cooling tower* This 
alternate shall include all related costs to add a cooling 
tower 1 to this system, 

ADD $ 9,14,0yOO . . ^ _ .... , q 

ALTEH MAT B N 0c,_M”2o 

Bas® bid includes a hot gas condensing unit for the 
75 ton chiller o' if this heat escoh anger ia deleted 

DEDUCT 3 ,367.00 . . . 

ALTBRMh TE NOo M~3„ 

This alternate shall include the cost of adding Tempera¬ 
ture indication and Humidity indicator and discharge tempsra tmre 
of Air Handling Units 0 

ADD $ 1,113*00 ■ ■ ' ‘ ‘ m ■ .* 

ALTBBNATE ®Q . . 

This alternate shall include the cost of adding dampers 
and- control® to the existing evaporative condenser to prevent 
frees© up , 

ADD $ ShO.OQ _ ^ . . _. e 

hist Sub 'Contractor^ 

Refrigeration Pearson , Inc . _ 5jr _ _ _ 

Insulation. : .I’nelin insulation . _ . .. .._.... 

Sheet Metal Mall ei.& 'Sons~ ",.T. _ 

Tessera tare' Control Havel Oms. ~ 2~ ~~ ~. ; .^__., 

Electrical Contracto r Schm id t ." Elec tri e ^. . ... 


1B«7 
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PROPOSAL AND BID SURETY FORM 


PROPOSAL: 


In compliance with the foregoing invitation to bid and subject to all of the conditions thereof the undersigned offers 
and agrees, if this bid is accepted within a reasonable time from date of opening of bids, to enter into a contract in ac¬ 
cordance with the prices stated herein. 

The Legal Advertisement, General Conditions, Instructions to Bidders, Information for Bidders, Special Conditions, 
Specifications, and Plans applying form a part of this proposal. 

This proposal is supported by the following bid surety as required by law and signatures affixed thereto constitute 
both a proposal and bid "surety executed by the bidder. 

BID SURETY (REQUIRED BY LAW):' 

BOND FORM: (USE THIS BOND FORM—NO ALTERNATE FORM OF BOND WILL BE CONSIDERED). 

KNOW ALL MEN BY THESE PRESENTS, THAT we, the undersigned, are held and firmly bound unto the City 


of Fort Wayne, State of Indiana, in the sum of.. 

Bid- 


Five Percent (5%) of Total Price 


..-.-Dollars, 

to be paid on demand to said City of Fort Wayne, its successors and assigns for which payment well and truly to be 
made, we hereby bind ourselves, our heirs, successors, executors, and administrators, jointly and severally firmly by 
these presents. 

The condition of this obligation is such that if the bid or proposal attached hereto and made a part hereof and submitted 
to the within named division of the City of Fort Wayne or its duly constituted agent, is accepted and a contract awarded 
to the undersigned bidder and the said bidder shall within ten (10) days after notice of said award enter into a contract 
with the said City of Fort Wayne, State of Indiana, and shall secure the performance of the same by bond or otherwise 
as may be required to the satisfaction of the City of Fort Wayne, Indiana then this obligation shall be null and void; 

otherwise to be in full force and effect. tv *- - ■ ■, , . . 

it a corporate surety is furnished, it is necessary 

BID CHECK (ALTERNATE FORM OF SURETY): that a certificate authorizing the "nttorney-in-Iact” 

Certified □ *° tbe boud accompanying tie same. 

Cashiers Q Check No. in the sum of . 


.Dollars 


on..... Bank 


of ... 

is herewith submitted and deposited in lieu of bond under the same terms and conditions as set forth in the above bond. 
Note: If Check is used as Bid Surety—Attach here. 


SIGNATURES (BID SURETY AND PROPOSAL): 
Witnessed by: 


OTHER PARTIES INTERESTED IN 
THIS PROPOSAL 

(See 14—Signatures under General Conditons, etc.) 
List all Parties if Partnership 


BIDDER 

AND 

PRINCIPAL 


I PEARSON, INC 

-Nam^/bf or Type 

By 

jtk>. 


Title 


Signature of Person Authorized to Sign 


1115 Roy Street 

Street Name and Number 

Fort Wayne, Indiana 

City, State and Zip Code 

January 7, 1973 


Date 



£ ' / 7 

f. yW. r.Sr.^r. fj 



SURETY 


RE LIANC E INS URANCE COMPANY 

Name of Company — Print or Type 


In°the°State of:... .?.$nnsy 1 ; vania. 


4 Penn Center Plaza 

Address.5hl.ladel.pliia.,..iPa.-.. 


By, 


A11 or n ey ^"i. n- il f^ 5 d n fe 





J.inuar 


!ir y Jr, 


1973 










































General Form No. 96-a. 
Prescribed by the State 
Board of Accounts of In¬ 
diana. Revised 1949. 


Standard Questionnaires and 
Financial Statement for Bidders 


Prescribed by 

THE STATE BOABD OF ACCOUNTS OF INDIANA 


For use in investigating and determining tbs qualifications of bidders on 
public construction when the aggregate cost of any such work or improvement 
will be Five Thousand Dollars or more. 

These statements to be submitted under oath by each bidder with and as 
a part of his bid, as provided by Chapter 306, page 1248, Acts of 1947 


Submitted The B oar d Of Park Commissioners Of The 
City Of Fort Wayne, Indiana 

( A Corporation 

By-P.sars.Qn > ..-Ina..j SMTfSpaSeeSiH|£ 

Address..... 1115...Sov..St.ree..Q.._EQr.t..H.a,yns. > „.IrLd±ana... 


Date submitted..... January,,8... ig,.?. 1 !. 


Filed__ 


















rs A Corporation. 

Submitted by... -< □ A Co-partnership 

Ln An Individual 

Principal Office at_Iii5_JBoy.„S.tr.ea.t^..ZQr.t..Kayne,...Indiana.. 

Tq The Board Of Park Commissioners Of The City Of F ont Wayne, Indiana. 

EXPERIENCE QUESTIONNAIRE 

The signatory of this questionnaire guarantees the truth and accuracy ©f ail statements and of all answers to 
interrogatories hereinafter made. 

1. How many years has your organisation been in business as a general contractor under your present business 

2. How many years experience in..„meciianica3._construction work has your organisation had: (a) 

As a general contractor..32___(b) As a sub-contractor.—..3-7-.. 


3. What projects has your organization completed? 


CONTRACT AMT. 

CLASS Ofi WORK 

WHEN COMPLETED 

NAME AND ADDRESS OF OWNER 

„3r^2.9-7-.jaa . 

Blhsu.-Stum-Vent- 

r A-/c._ 1 973 

Ramada Inn., 1212 Magnavox Way, Fort Wayne, 

..Indiana. 

30 * 600.00 

Air System 

..13.73. 

International Harvester Co., 2911 Meyer Road 
. .Eont Wayne, Indiana 

„..ifi*3i9-.aa. 

Elhg^TStg^^A/C-... 

.1-97-3- 

Ft. Wayne Public Library, Little Trutle Branch 
2201 Sherma.n Blvd.,Ft. Wa-imA j 






3-A. What projects has your organization now in process of construction? 


CONTRACT AMT. 

CLASS OF WORK 

WHEN TO BE 
COMPLETED 

NAME AND ADDRESS OF OWNER 

230.77^.00 

Htg.,Vent. 

.19.7.U.- 

Allen County Health Center,12101 Lima Rd.,Ft 
...Wayne s Ind. 

.... 30 i 3 . 2 i..oo. 

" " A/C 

.. .IS!. 1 !. . 

St. John the Baptist Catholic Church, 1001 
...... Powers. St., New Haven. Indiana. 

....5Z>.0.6.5- i .0.0. . 


.13.7.4... 

International Harvester Co., 2911 Meyer Road 
.... Ft. Wavnp, 1 nd . 

.... 27.916.00 

n " " A 

Vent.19?U 

Koehlinger's Cycle Shop, East State &'Maple- 
-c-r-es-t- - JM,., -F t... W-a-iELg.,.. .T.vA.....I 



4. Have you ever failed to complete any work awarded to you?_.S.Q..If so, where and why? 


5. Has any officer or partner of your organization ever been an officer or partner of some other organization that 

failed to complete a construction contract?.No..If so, state name of individual, other 

organization and reason therefor...._... 


6 Has any officer or partner of your organization ever failed to complete a construction contract handled in his 
own name?..If so, state name of individual, name of owner and reason therefor 


7. In what other lines of business are you financially interested?.IISSS. 























































































8 , For -what corporations or individuals have you performed work, and to whom do you refer?..:_ 

.G^n^..>Iurph.y:...Co... r ..Mci£e.aaprir.‘t r ..Pa^.(.11-s.tor.es.).. 

J*G^JBenne^:..rio*^.-.JSe3SL. Xar]i^.-1L.-X..(—3-. _s.tor.es.).._. 

^uxis.-air...Ltd.,.^.Hest.JCQri:^„li J ,._Y*.J&.,..Ar.t...Reus.on. 

.I.ater.natAQnal..H.artett;sr._CD-.-^.-E±....lIay£La^...Ixil*,.Mr^.-Art.-BLusia. 

.Ge.ng.raA.T.e.l.e.pk2te..C.Qi2ipaa>A.At.^..¥.a3me.,.--In!l......MK. t ...RQte.r.t...Anci.er.a.o.n... 

Jiaig.reen_pxus..St.oj:aa^„.OM.aag.a^...Ill J .-..(...3...sto.ns.)_. 

9 . For what cities have you performed work and to whom do you refer?__.'.... 

Fort Wayne, In diana_Board o f H ealth. 

Fort W ayne . Indiana _--_Bo ard of Public Works.... 

Cit y Util ities.. 


10. For what counties have you performed work and to whom do you refer?_ 


11. For what State bureaus or departments have you performed work and to whom do you refer?_ 


12. Have you ever performed any work for the U. S. Government?.-....!.?.?... 

If so, when and to whom do you refer?_yB.it®d._Stateg..Post.„Qf f:ic_§__- Jyir•...Mi.lbui!...liahxH'aLd. 


13. What is the construction experience of the principal individuals of your organization? 


INDIVIDUAL'S NAME 

PRESENT POSITION 

OR OFFICE 

YEARS OF 
CONSTR’TION 
EXPERIENCE 

MAGNITUDE AND 

TYPE OF WORK 

IN WHAT 
CAPACITY 

Robert S. Pearson 

President 

. 3 . 7 . . 

...Mgfliiajalcal..G.QnatructiQn 

. Super .visor..... 

Harold G. Braun 

Superintendent 

. 37 . . 

*» tt 

3* 
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PLAN AND EQUIPMENT QUESTIONNAIRE 


The signatory of this questionnaire guarantees the truth and accuracy of all statements and of all answers 

to interrogatories hereinafter made. ■ ■ 

1. In what manner have you inspected this proposed work? Explain in detail. 

Jnsj)e5ted._sii;.$._ > ...plans..ar-d...ap.ec:ifiaa.ti.Qns.,-......1...... 

) •. - ■ * 



2. Explain your plan or layout for performing the proposed work... 

In strict accordance with, plans., and..speef fioat tnns .... 


3. The work, if awarded to you, will have the personal supervision of whom?. Bob ert.. _ S.»... P S .Qn.. 


*4. Do you intend to do the hauling on the proposed work with your own forces?... 

If so, give amount and type of equipment to be used...... 


*5. If you intend to sublet the hauling or perform it through an agent, state amount of sub-contract or agent’s 
contract, and if known, the name and address of sub-contractor or agent, amount and type of his equipment and 
financial responsibility..-....... 


* 


Items 4, 5, 6 and 7 may not be applicable in all building contracts; if not, omit, 





























































11. What equipment do you intend to purchase for use on the proposed work, should the contract be awarded 
to you? - 


QUANTITY 

ITEM 

DESCRIPTION, SIZE, CAPACITY, ETC. 

APPROXIMATE 

COST 


































12. How and whan will you pay for the equipment to be purchased?..... 


13. Do you propose to rent any equipment for this work?.If so, state type, quantity 

and reasons for renting......_.. 


14. Have you made contracts or received firm offers for all materials within prices used in preparing your proposal? 
Do not give names of dealers or manufacturers..... 


Dated at„Fo?t_Waxne J ...Indiana.this..day o f J a nuary 


19. 


7H- 



STATE OF__Indiana,.. 

COUNTY OF._.Allen.. 

..Rober t S . Pearson _ 


>ss: 


.being duly sworn, deposes and says that he is 


. .pr.esid.erit. ..of the above.._Pearson,...Ine...... 

(Name c£ Organisation) 

and that the answers to the questions in the foregoing questionnaires and all statements,.therein contained are true 

and correct. r',\ ' . .V 

Subscribed and sworn to before ma this__ th ..day 0 f.J.§.P.y._§.r.3T....i., 

. 

Nofc&rjr Pablio 

My Commission expires_ Qjetober A _2=9J5.„ .. 



< 


8 





















































































Contractor’s Financial Statement 

_ ( 0 A Corporation 

Submitted by. ■< □ A Co-partnership 

- ( □ An Individual 

with principal office at._ 1115..Roy._Street,.„F.Qrt..Hayns. J ...Xndiana__ 

To The Board Of Park Co m missio ners Of The City Of Fort Wayne, Indiana 


Condition at close of business., February,. 28. t .19 ...73 


ASSETS 

1. Clash: (a) On hand $., (hi In bank % 10,68l,.8|i(a) Wsawhara % 75.00 

Dollars 

Cts. ' ]i( 



1 

c 

7 

t; 

6 

34 ij 

2. Notes receivable (a) Due within 90 days.. 









(b) Due after 90 days... 








jl! 

(c) Past due. 









3. Accounts receivable from completed contracts, exclusive of claims not approved for 

payment ...... .. 



c 

4 

7 

0 

9 

85 

4. Sums earned on uncompleted contracts as shown by engineer’s or architect’s estimate 









(a) Amount receivable after deducting retainage.. 









(bl Retainage to date, due upon eomnletion of contracts .... 









5. Accounts receivable from sources other than construction contracts.. 








1 

6, Deposits for bids or other guarantees: (a) Recoverable within 90 days. 








Sj 

(b) Recoverable after 90 days— 






..7. 

.0. 

00 

7, Interest accrued on loans, securities, etc.. . 








Ijj 

8, Real estate: (a) Used for business purposes. 








jl 1 

(b) Not used for business purposes— . 








I 

9. Stocks and bonds: (a) Listed—present market value.. 





_1 

.6. 

7 

76 . ! 

(b) Unlisted—present value.. 







10. Materials In stock not included in Item 4 (a) For uncompleted contracts (nresenfc value) 



5. 

2.. 

A 

..0. 

.Q. 

. 97 ... 

(b) Other materials (present value). . 



L. 

a.. 

/- 

-. 0 . 

.3. 

4 

Q5 

11. Eqnlsment, book value. 



I.. 

i 

..Q 

7 

. 2 . 

Z 

. i 

. 0 . 

. 6 . 

7 

no... 

90 

12. Furniture and fixtures, book value... 



p 

13. Other assets..— ......... 




Q 

6 

8 

8 p 

Total assets. 

LIABILITIES 

1. Notes payable: (a) To banks regular. _ . 


1 

7 

2 

"l 

4 

c; 

y 

Q. 

3 

4 

59 

| 

10 

(b) To banks for certified checks. 









(c) To others for equipment obligations... 









(d) To others exclusive of equipment obligations.. 









2. Accounts payable; (a) Not past due. . 



4 

~6 

..1 

2 

Q 

78 

(b) Past due. 








jl j 

3. Beal estate encumbrances... 








i! 

4. Other liabilities..... 




..i 

-7- 

-5- 

Q 

-y - 

07... 11 

it • 

5. Reserves 




S. Capital stock paid up: (a) Common ....... 



i 

a 

8 

Q 

0 

OQ jl 

(b) Common. 








i 

(c) Preferred. ... 








II 

(d) Preferred. .. 








. j 

7. Surplus (net worth)......._... 




q 

q 

A 

Q 

£Ll 

Total liabilities. 


I 

7 

1 

s 

5 

— > 

3 

59 I 

fS 

CONTINGENT LIABILITIES 

1. Liability on notes receivable, discounted or sold. ...... 








It 

1 

i 

2. Liability on accounts receivable, pledged, assigned or sold. 








- j. 

3. Liability as bondsman. ... 








i ! 

4. Liability as guarantor on contracts or on accounts of others. 








■ | j 

1 ! 

5. Other contingent liabilities..... 








it 

Total contingent liabilities. 








3 , 

S; 


9 
































































































./If a corporation answer this: 

Amount for which incorporated_1QQ.CL shares...no., oar. 


Capital paid in cash... $. 

When incorporated_.-... 


In what state..Indiana...... 

Names and titles of all persons having authority to execute and receipt estimate vouchers and to conduct other 
business for the corporation, including its officers, the signatures of whom are legally binding. 


Do you have necessary “certificate of authority” to transact corporate business in this state, under the terms of 
Chapter 215, Acts of 1929, and acts amendatory thereto?. 

If a co-partnership answer this: 

Date of organization. 

State whether co-partnership is general, limited or association.. 

Give the names, addresses and proportional interests of all parties: 

Name Address Share 


$_ 

S_ 


s. 

$ _ 





























































.The name of the partnership firm under which the above partners are operating is. 


Give names and titles of all persons having authority to execute and receipt estimate vouchers and to conduct other 
business for the partnership, the signatures of whom are legally binding. 


The undersigned hereby declares that the foregoing is a true statement of the financial condition of the individual, co-partnership or 
corporation herein first named, as of the date herein first given; that this statement is for the express purpose of inducing the party to whom 
it is submitted to award the subrr.Utor a contract; and that any depository, vendor or other agency-herein named is hereby authorized to supply 
such party with any information necessary to verify this statement. 


NOTE: A copartnership must give firm name and signatures of all partners. 
A corporation muat give full corporate name, signature of official and affix corporate 
seal. 


STATE OF_ 

COUNTY OF. 


ss: 


Affidavit for Individual 


______being duly sworn, deposes and says 

that the foregoing financial statement, taken from his books, is a true and accurate statement of his financial condition as of the date 
thereof and that the answers to the foregoing interrogatories are true. 

Subscribed and sworn to before me this 


(Applicant must sign hare) 

__day of___19- 


Notary Public 


STATE OF_ 

COUNTY OF 

....—---------being duly sworn, deposes and saya 

that he is a member of the firm of.............; that he is familiar 

with the books of the said firm showing its financial condition; that the foregoing financial statement, taken from the books of the said 
firm, is a true and accurate statement of the financial condition of the said firm as of the date thereof and that the answers to the fore¬ 
going interrogatories are true. 

Subscribed and sworn to before me this -_--- 

(Member cf firm muat sign here) 

_day of____19- 


Affidavit for Co-Partnership 

} “ 


Notary Public 


STATE OF_ Indiana 

COUNTY OF._A.IIen- 


Affidavit for Corporation 


sa: 


Robert S. Pearson 


-being duly sworn, deposes and say3 that he ia 


B-CfiSi dent, 


_of the_ 


-Eaarn on.,.Inn- 


-, the cor¬ 
poration described in and which executed the foregoing statement; that he is familiar with the books of the said corporation showing 
its financial condition; that the foregoing finsncrbil statement, taken from the books of the said corporation, is a true and accurate 
statement of the financial condition of said corporation, aa of the date thereof_a»4-tiigt iiyf ansyimrp^'£c)the foregoing interrogatories 

. ; i 


Subscribed and sworn to before mo. this 

8 th day 0 f January 1 _ 


19. 


-Vbr 


(Officer most sign hem) 


... J.1.1.L - 


My commission expires lb/l /75 


Notary Public 


' ''i/i!1II 


15 












































































i ' City Clerk Memorandum 

CHARLES W. WESYERMAN, Clerk 

To Bob Arnold - City Parle Board __ Date 

_ Charles W. Westerman - City Clerk 

rrom _—— - -- 

Subject Appearance before Common Cou ncil ~ February ± 2 , 1974 

COPIES TO: 


RE: BILL NO. S-74-01-05 

AN ORDINANCE approving a certain bid 
document with PEARSON, INC. for furnish¬ 
ing and installing heating and humidity 
control system a t McMillen Ice Rink. 

Your presence is requested on February 12, 1974, at 7.00 o^clock 
p.M. , Room 124, by the members of the Common Council and William 
T*. Hinga, Chairman of the Standing Committee of Finance, in 
regard to Bill No. S-74-01-05. 

It Is also requested that you bring along any material or in 
formation that you may have which will help the Council in its 
decision regarding the above bill. 




Charlie 





















CITY OF FORT WAYNE 
DEPARTMENT OF PUBLIC PARKS 


McMILLEN ICE RINK 

PROPOSED TEMPERATURE AND HUMIDITY CONTROL SYSTEM 
Economic Benefits : 

Anticipated reduction in water waste 


Annual saving on water and sewer charges $ 7,240 

Increase in annual revenue - public skating use 3,535 

Average annual saving - painting costs 250 

Total annual saving or benefit $117025 

20 year benefit resulting from installation $220,500 

Cost of installation 79,813 

Net benefit - 20 years $140,687 


This proposed system conserves energy by re-using heat presently going to waste 
with the condenser water flowing into the sewer. Re-use of this heat in control of 
temperature and humidity in the ice area will also allow the condenser water to be 
used again rather than discarding it. Engineering estimates indicate a saving of 
about 80% of the water presently used. The controlled temperature and humidty will 
make the ice area more comfortable to users and their attendance is anticipated to 
increase about 35% during public skating sessions. The installation is expected 
to last 20 years without component replacement. 

Project objectives are: 

1. Increase revenue 

2. Decrease expenses 

3. Increase user comfort 

4. Increase attendance 

Present annual expenditures for water and sewer utilities are $ 9,050 

Present annual revenue from users during public sessions is approximately $ 10,100 


Investment analysis: 

Pay off period 7.2 years 

Internal rate of return 12% 

Present value of return $116,800 

Net present value 

of project $ 36,987 

Profitability index 1.46 


January 17,1974 







DIGEST SHEET 


Admn. Appr, 


TITLE OF ORDINANCE vV 


I-7'/-# 


DEPARTMENT requesting ORDINANCE Park D !g!^!!!!l 


SYNOPSIS OF ORDINANCE An ordinance approving a certain bid docwTen^j^th^ 
Pearson., Inc, for furnishing and installing an heating and humidity 
control system for the McMillen Ice Rink in McMillen Park. 


This bid was lowest and best of those received and meets, all specifications. 


Provides recovery of heat energy now going to waste at the 

EFFECT OF PASSAGE ice rink, removes excessive moisAureMiuojiu tfag-^^ 
rusting the steel structure of the" 1 building, warms the air over the ice, and 
reduces the amount of waste water thus saving dollars for both water and sewage 

cFIF^T Facility revenue should increase because the rink will be more 
comfortable t o use. —_—.—---—---—- 

control 

EFFECT OF NON-PASSAGE . Heating and humidity/system cannot be completed and._ 

k 

waste of heat energy and water will continue. Steel structure will continue to deteriorate 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $79,813.00 


ASSIGNED TO COMMITTEE (J.N.) 









































